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-25X1A 


 ILLEGIB 


Attention: 


Subject : Authorization for Continuance of Certain 
Work under Terminated Contract cc-28441 


Gentlemen: 


| Pursuant to Headquarters conference held on 8 November 1962 colit vr 
; to subject contract as terminated by Hogdquarter's TWK 504%5, you ure 
hereby authorized to epm@tinue the reagonable and necessary effor: ts 
the following phases of work under this terminnted cont ct. 

all of which should be accomplished on or before 1 December 1961 


a. The preparation and mpeg of a final report summar zing: 
| tectnteal progress to the effective termination date, § overb - 
| 1962, which regort should set forth such diagrams and txt Ls 
my be approprinte to indleatie the substance of technic 1 
progress actomglished. ‘The report showld be in sueh fam si’ 
| sufficiently canplebe in coverage as to provide a basia for 
| evaluating pexformance ana the percentage of completion ot 

the time of temuination. Further, it showld include such 
suggestions as the Contractor may have for further rese@ och 
of benefit to the © Progran. 


| b. Compietion and delivery of siaulation equipnent. 
| 6. Completion of fabricution and/or procuresent i OBX1A 
anaes intended for installation in the von in the [an BX 1A 


| M% is contemplated that all residual inventory, whether com :leting 
of Government-furnished equipment or deliverable items under the comtis -t, 
shail be delivered to Project OXCART Depot, exeept that (1) item: =f 
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office and other equiyment obtained fran returned directly 
to the source from which it was obtained, a the almustio: 


equipment, above mentioned, shall be delivered to the gub-Depot .t tho 
MM Aw « matter of iaformtion, the pulsing unit inoorporated ta tic 
simulation equigwent is on informal loan from Lincoln laboratory |. 
Mr. Waka. Proper trunefer of accountability for this x1it shoul! 
therefor be accomplished by the Government. 


In commection with caspletion of fabrication and dalivery 9° the 


Ins 4t is regoguized that eome continued effort and siperria a 
by is desirable. 


Prom discussions held, 1+ appears at this time reasonable t)> suggc ce 
that after completion of the above work and normal invoteing thevefor 
a no-cost settlement will. be in order, toward which goal the partics 
Will direct termination efforts. 


Very truly youre, 


25X1A 


OPRLy 
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